e>rvN i 

ApprovedFor Release 20$#O87ta : CIA-RDP61-.QP763A000200080156-3 

QH>-6392-59 

22 Septeaber 1959 


Dear Ed, 

Reference is m&t to your letter of 16 September 1959 r®tu«siins 
approval of overtlae under Contract §3. 28-300. 


Ponding additional Justification, I aa withholding approval of 
your cveriiae request for the italloving reasons. 


a. Site total overtiae fbr the swaths of April, May, 

Jme sad July ms 75*5 hours. She increase to 308 hours 
for August does not appear consistent. 

b. She original proposal ms node on two separate - 
wthods of aecoHfciiahing the work. She first ms based on 

a noma effbrtj the second on an accelerated effort requiring 
extensive overtime. As you are aware, m authorised the 
first proposal since the urgency ms not such that extensive 
cwertiae ms required nor could we afford it fraa the cost 
standpoint. 

c. the Contract requires the delivery of the lodeadtsg 


Rectifiers as follows: 

1 ea. on oar before 1 
1 ea* on or before 1 
1 ea. on or before 1 
X ea. on oar before 1 
1 ea. on or before 1 
1 m, on or before 1 
1 ea. on or before 1 


June 1959 
September 1959 
October 1959 
Itov a ab e r 1 959 
Beeefflber 1959 
JR&nuary 3$60 
Ibbruary I960 


9o date only one of the Rectifier# has bean r e ceived . 


In view of the foregoing and parlor to working any additional 
overtlse, it is requested that a revised delivery schedule based 
upon perfbrnenee without overtine hours be submitted fear review 
and approval of the Contracting O ff icer . 


25X1 A 


D istr. 
1-1 


1-BB-3O0 A&I v/cy DPD-6346 
l-Finance w/cy UED-63^6 
,/1-Cairono 


T«$r truly yours, 
' 3HH 
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